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SUBJECT: PLANNING FOR PERMANENT CAMP CONSTRUCTION 

FOR SSM STILES/PENDLETON 

1. PRELIMINARY SCHEDULE FOR PERMANENT CAMP CONSTRUCTION 
RECEIVED FROM E-SYSTEMS COB 23 FEB. SCHEDULE REVIEWED 

TODAY AND DISCUSSIONS HELD WITH E-SYSTEMS AND ZACHRY. 

2. DISCUSSIONS REVEALED THAT ZACHRY DOES NOT HAVE 
MATERIALS ON SITE FOR UNDERGROUND UTILITIES FOR PER- 
MANENT CAMP. 

3. REALISTIC SCHEDULE IS TO BEGIN INSTALLING UNDER- 
GROUND UTILITIES APPROXIMATELY 3 MAR. OTHERWISE ON-SITE 
PERSONNEL CANNOT BE GAINFULLY EMPLOYED. 


4. ZACHRY EIELD REP ANTICIPATES ANOTHER AIRLIFT TO PROVIDE 
CRITICAL PLUMBING AND ELECTRICAL SUPPLIES. 

5. REQUEST THIS MATTER BE RESOLVED WITH E-SYSTEMS 
GREENVILLE ASAP. REQUEST YOU ADVISE SSM FIELD TEAM AS 
TO OUTCOME. 
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